CHANGE ORDER 



PROJECT: 

(name, address) 



TO: 

(contractor) 



Courthouse Square 
555 Court Street NE 
Salem r Oregon 97301 



Pence/Kelly Construction, Inc. 

2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 



CHANGE ORDER NUMBER: 2 

INITIATION DATE: May 27, 1999 

ARCHITECT'S PROJECT NO.: 9828 

CONTRACT FOR: General Construction 

CONTRACT DATE: February 17, 1999 



You are directed to make the following changes in this Contract: 

1 . Contractor's Change Order Request, (COR) # 9, remove and dispose off site 268.54 c.y. 

contaminated soil, @ $60.00 /ay. Add $ 16,112.00 

2. Contractor's Change Order Request, (COR) # 12, demolish underground vault along 

Court Street at mid block Add $ 685.00 



3. Contractor's Change Order Request, (COR) #17, remove and dispose off site 691.17 c.y. 
contaminated soil, @ $60.00 / c.y. 



Add $ 



41,470.00 



Total for Change Order No. 1 



58,267.00 



Not valid until signed by both the Owner and Architect. Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (d e cr e as e d) by this Change 

The new Contract Sum including this Change Order wilt be 

The Contract Time will be ( i ncr e as e d) (d e cr e as e d) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



$ 18,459,484.00 
$ 24,942.00 
$ 18,484,426.00 
$ 58,267.00 
$ 18,542,693.00 
days 
October 26, 2000 



Owner: 

Marion County 
100 High St. NE 
Salem, OR 1*7301 




Architect: 

Arbuckle Costic Architects, Inc. 

363 State Street 

Salem, Oregon 97301^3655 




Owner: 

Saiem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 97303-4TC5_ 



I By: 



Date: 




Contractor: 

Pence/Kelly Consyuction, Inc. 
P.Cp&ra 4109 
Salem, Oregon 97302^109 





Approved at Board Session 




— Chairman 

Project Manager: 
Melvin Mark Development Co. 
111 SW Columbia, Suite 1380 
Portland, 




|Date: ^X^7//^>^ 



| Date: f^Zf/l*? 



File: 9828-1 1b 



1 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63436 



MAY 1 1SS9 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Soutwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Contaminated Soil Remaval 4/26/99 



COR No. 



00009 



DATE: 4/30/99 
JOB: 99006 
ISSUE: 00069 



1 . Contract time being extended 
( £> ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 5/7/99 ) 



For work described below, we offer the following quotation. 



Provide removal and disposal of contaminated soil on 4/26/99 for the following ticket #'s: 283950, 283975, 
283976, 283979, 283990, 283997, 284003, 284007, 284043, 284049, 284060, 284074, 284078, 284086, 284088, 
284099 and 284100. 

357.16 tons/1.33 tons per cy = 268.54 cy 
268.54 cy @ $ 60.00 per cy = $ 16,1 12.00 



Total Cost: 



$16,112 



Accepted B 




Peace/Kelly Construction, Inc. - Dave Hays 

Date: 4'/&P>ll'[ 



Accepted By: 



Date: 





Reviewed By 
Date 
Accepted 



Melvin Mark Con>panies - Cra 




Craig Lewis 




Jlanon Courfty - Billy Wasson 

Date: J SfiJj)^ 



Received: 4/29/99 15:61; 



603 -434 G770 -> PENCE KELLY; Page 3 



APR. -29* 99 (THU) 15 = 51 R1VERBEND LANDFILL 



TEL:503 434 9770 



P. 003 



GATE: 04/27/99 I3i03:«5 PAGE 

PERMIT TICKET DETAIL REPORT FOR RIVEftBEND l|N0FXLL 
04/01/1999 THRU ?4/£7/l999 



ACCT# DATE 



TICKETS 



AHOUNT 



YARDS 



TONS Vim TYPE 



TERMS PERMIT* 



P.0.t 



5091074 W&9/99 281643 
SO/696 
5091074 04/09/99^644 
SO-69B 
5W1074 04/09/99 261645 
SQ-698 

5091074 04/09/99 281646 
SQ-698 

5091074 04/09/99 30X681 
SQ-696 

9091074 04/09/99 281685 



-^l— SQ-698 
^ 5091074 

4L 50-698 

u 




5091074 04/26/99 283950 
9W9B 

5091074 04/26/99 283975 
SQ-698 

5091074 04/26/99 283976 
SQ-698 



JMH1074 CONT/SOIL CHARGE PERMIT 1698 COURTHOUSE 
JMM1074 CONT/SOIL CHARGE PERMIT 1698 COURTHOUSE 
JMW1074 CONT/SOIL CHARGE PERMIT 1696 COURTHOUSE 



Received: 4/29/99 15:52; 



APR. -29' 99(THU) I5 = 5l RIVERBEND LANDFILL 



603 434 G77Q -> PENCE KELLY; Paoo A 



TEL.-503 434 9770 



P. 004 



- Q mm wz b-FfrmMs 355:75- 53722 ■ 

SQ-698 

-5 891 7 4 2 B3 ffi 3Sh=Kr -53r52- 

SQ-698 

5091074 04/26/99 293979 337.75 50.53 |J0. 

SQ-698 

5091874 04/26/99 283998 738.75 109.32 I 1. 

SQ-698 

5891074 04/26/99 283997 634.25 124. 80 1 4*. 

S(H98 

9091074 94/26/99 2B4Q03 325.00 48.62 | 10. 

SG-698 

5091074 04/26/99 264007 395.00 59.09 I 10.0 

SQ-69B 

5091074 04/26/99 284043 318,25 47.61 | 5.0 

SIH98 

iV£-mWh 4/120/90 CM B W 5r£A — t-Sr^ 



10.-0 — 14.-23— JHMrt74-t0NT«0Itr "CHARGE- - PERMIT »&■%* 

— I 4 4 4BNI/SQJL_CHARG£ P£RMIT_tf>16 

13,51 JMW1074 CONT/SOIL CHARGE PERMIT 4to98 

29.23 JMU107* CONT/SOIL CHARGE PERMIT 1696 

33.37 JMU1074 CONT/SOIL CHARGE PERMIT #698 

13.00 JMW1074 CONT/SOIL CHARGE PERMIT #698 

15.80 JMU1074 CONT/SOIL CHARGE PERMIT #698 

12.73 JPW1074 CONT/SOIL CHARGE PERMIT #698 

v a mmn cont/6Qil ch ar ge — p crmit #0 9 



SQ-698 

^91074 04/26/99 284049 826.75 
,-698 

5091*74 04/26/99 284060 354.50 
SQ-698 

5091074 04/26/99 2B4074 297.25 
SQ-698 

5091074 04/26/99 2B4078 721.25 
SQ-698 

5091074 04/26/99 284086 303,75 
SQ-698 

5091074 04/26/99 284088 750.50 
SQ-698 

5091874 04/26/99 284099 045.50 
SQ-698 

5091074 04/26/99 284100 337.00 
SQ-698 

J.M-UADSUORTH 

TOTAL H5.74fl.50 



-COURTHOUSE- 
- COURTHOUSE. 
COURTHOUSE 
COURTHOUSE 
COURTHOUSE 
COURTHOUSC 
COURTHOUSE 
COURTHOUSE 
COURTHOU S E ■■ 



123,68 | 5,0 33.07 JHW1074 CONT/SOIL CHARGE PERMIT #696 COURTHOUSE 

53.03 | S.0 14.18 JMU1074 CONT/SOIL CHARGE PERMIT 1698 COURTHOUSE 

44.47 | 5.0 11,89 JW1074 CONT/SOIL CHARGE PERMIT #698 COURTHOUSE 

107,90 | 5,0 28,85 JMW1074 CONT/SOIL CHARGE PERMIT #698 COURTHOUSE 

45.44 | 5.0 12.15 JMW1074 CONT/SOIL CHARGE PERMIT #698 ■ COURTHOUSE 

112.27 | 5.0 30-02 JKW1074 CONT/SOIL CHARGE PERMIT #698 COURTHOUSE 

126.49 | 10.0 33.82 JMW1074 CONT/SOIL CHARGE PERMIT #698 COURTHOUSE 

50.42 | 5.0 13.48 JMW1074 CONT/SOIL CHARGE PERMIT #698 COURTHOUSE 



2,353.72 I 426.0 ^62^34^ 



GRAND TOTAL 



115,748.50 2,353.72 1 428,0 629.34 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



MAY 10 :f/::< 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Soutwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Vault Wing Demo at Shotcrete Wall 



COR No. 



00012 



DATE: 5/6/99 
JOB: 99006 
ISSUE: 00074 



1. Contract time being extended 
{ ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of | 5/13/99 ) 



For work described below, we offer the following quotation. 



Provide demolition of abandoned underground vault along Court Street. Vault wings were in the way of soil 
retainment system for the new water vault room. 



Total Cost: 



$685 




Pro Management Systems, Inc. 



Pence Kelly Construction 
Cost Estimate Summary 

Project: Courthouse Square 
Location: Salem, Oregon 
Architect: Arbuckle/Costic 

Subject: Issue 00074 Vault Wing Demo at Shotcrete Wall 



Job No.: 9906 
Estimator: DH 
Print Date: 06-May-99 



Item 
Number 



Cost Code 



Subcontractor 



Description of Work 



Direct Cost 



MU% 



Markup 



Total Cost 



Pence/Kelly 
Penetrations Inc. 



Brace vault/chip wings off 
Cut Wings 



$433 
$200 



5% 
15% 



$22 
$30 



Total 



$455 
$230 



$6851 



I 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-868 1 Fax (503) 585-7477 




COMPANY: 
ADDRESS- 



DATE FROM TO_ 



.PROJECT. 



tfol 



LABOR 



DATE 


NAME 


STR. HRS. 


O.T. HRS 


RATE 


TOTAL 








/ 




So 


4* 




IT 


/ 






if 













n 








HO 




a 









o : — 


L% 



















































INV./PACK.SLIP 



MATERIALS 



AMOUNT 



EQUIPMENT RENTALS 


HRS. 


RATE 


TOTAL 






2o 





























EXTRA WORK 



<? Ail) tifoUT 4- BrfrCz for ftffT crtTZ. #Lova Gn'0 (2 



TOTAL Labor . 



REQUESTED BY: 



(Owner or Representative) 



COMPLETED BY: ^fe^y- J) uU&C 

(Pence/Kelly Representative) 



TOTAL Material 

TOTAL Equip. Rental. 
TOTAL P & O . 



TOTAL Amount . 



I 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SB, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 f= a x (503) 585-7477 

CCB # 63435 



mi 



MAY 2 < 1939 



!<.:..;. 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Cont. Soil Removal 4/27 - 5/19 



COR No. 



00017 



DATE: 5/21/99 
JOB: 99006 
ISSUE: 00092 



1 . Contract time being extended 
( O ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 5/28/99 ) 



For work described below, we offer the following quotation. 



Provide removal and disposal of contaminated soil on 4/27/99, 4/28/99, 4/30/99, 5/4/99, 5/5/99, 5/6/99, 5/7/99, 
5/17/99, 5/18/99 and 5/19/99 related to the following ticket #'s: 284213, 284220, 284239, 284243, 284276, 
284305, 284317, 284340, 284358, 284376, 284386, 284578, 284617, 284645, 284673, 285155, 285191, 285339, 
285371, 285443, 285484, 285516, 285578, 286815, 286854, 286912, 286995, 287038, 287073 and 287152. 

91 9.26 tons/1 .33 tons per cy = 691 .1 7 cy 
691 .17 cy @ $ 60.00 per cy = $ 41 ,470 



Total Cost: 



$41,470 






Accepted 



tistruction, Inc. - Oave Hays 

Date: b -%\ A\ 
Accepted By : V* r frT N^-AX Q )U- 

Salem Area Transit - John Wittington^ 



Reviewed Bjjj 



Ivin Mark Companies - Craig Lewis 



Accepted I 



Marion Coi 



n count* - Billy Wasson 



Date: 



Date: 



Pro Management Systems, Inc. 



MAY. -21 99 (FR1 ) 10:26 RIVERBEND LANDFILL 

DA7£: 35/21/99 lfclfctf 

PERMIT TICKET DETAIL REPORT FOR RJUER8END LflNDPIii. 
84/61/ 1 W THRU 83/21/lW 

>4-faW f7.785.7S 



fiCCTf DATE 



TICKET! 



AMOUNT 



7" if* 

TONS VIM TY5£ 



TAX 



YfiRDE 



TEL:503 434 9770 



P. 002 



TERMS PERMIT* 



P.O.* 



^4/27/99 


234213 


602*00 


119.98 


10. 


32.28 


Jiviw/4 


tuNT/bQlL 


PUADCC 


rtHfll 1 


* f ic 




SQUAPE/P712 






















pfijinTunictr / 
LUUn 1 nuUot ; 


5091074 


04/27/99 


234220 


766,25 


: 14.63 


30. 


jfl.65 


JMU1074 


mi rr" /friTi 

UKI/5QIL 








SG/P712 


























5091074 


04/27/99 


284239 


854.25 


127.80 


3d. 


34. 1? 


JM1074 


C0W7/S0IL 


CHARGE 


PERMIT 




ULkJH iHUUbt 


SG/P712 


























5091074 


04/27/99 


SB4243 


762.75 


114.11 


39. 


30,51 


JKU1074 


ccnt/soil 


CHAJIEE 


PERMIT 


fi U 


mi i OTlfli IT 

CUUR T nuU&t 


8S/P712 


























5091074 


04/20/99 


2fl4£76 


339*75 


125.63 


1. 


' WtS* 5B 


JKW1074 


CuNT/SuIL 




ncr«T t 






























LUUK 1 HUUOt 


5M1074 


04/22/99 


2B4305 


775. 75 


116.05 


40. 


i 31.03 


JNH18/4 


CCNT/sLIL 




rawl I 


ffi ic. 


SG-712 
























UJUrUnUUOt 


5091074 


04/28/99 


264317 


746. 75 


112. 01 


40. 


i 29* 95 


dHHiw/4 


tUNT/bulL 






*/ *C 


SO-712 


























107* 


04/2S/99 


234340 


602.50 


120.05 


10. 


\ 327 13* 




CON i /SOIL 


CHHHSt 


PcrvuT 


tt/u 


rruTDTurnicc 
LiUOK > nLlubt 


SQ-712 


























5891074 


04/26/99 


284338 


745.50 


111.53 


30. 


f 29-82 


JMW1074 


C0MT/5OJL 


CKPRGE 


PERMIT 


«712 


•*ni iqt— m ire 


S&-712 


























5091074 


04/26/99 


284376 


824,25 


123. 31 


30. 


) 32.97 


JMW1074 


CONT/SQtL 


CHARGE 


PtRWIT 


•8/ It: 


mi iDTLLit id 
LUUHtnJUst 


SQ-712 


























5091074 


04/28/99 


284386 


752.50 


112.72 


30. 


J 30.14 


JMU1974 


C0MT/S0IL 


CHARGE 


PERMIT 


fi/l<r 


CDURTHuuSi 


<ft-712 


























.091074 


04/30/99 


284578 


£32.50 


124.54 


U 


) 33. 36 


JHW1074 


CWT/50IL 


CHARGE 


PERMIT 


K71E 


CQUSTriDLEE 


SQ-712 


























5091074 


04/30/99 


284617 


£48.00 


126.86 


U 


5 33.92 


JMW1074 


CONT/SOIL 


CHARGE 


PERMIT 


*712 


CDURTK3UBE 


SB-712 


























5091074 


04/30/99 


284645 


784.25 


114.33 


30L 


9 30.57 


JKW1074 


C0MT/SQIL 


CHAM 


PERMIT 


1712 


CCUfiTHOUSE 


53-71£ 


























5091074 


04/30/99 


284673 


816.50 


122.15 


30. 


3 32.66 


JMW1074 


C0KT/SDIL 


CHAR6E 


PERMIT 


*712 


CCURTWJEE 


SQ-712 


























5091074 


05/04/99 


285155 


754.00 


112.80 


40. 


30.16 


mm 


COMT/SOIL 


CHARGE 


PERMIT 


1712 


CGURTfiOUSE 


SS-712 


























5091074 


05/04/59 


285191 


741.00 


110.85 


30. 


29.64 


jmim 


CDNT/S3IL 


CHARGE 


PERMIT 


1712 


CGURTHO^E 


33-712 


























9091074 


03/05/99 


235333 


701,25 


116.68 


30. 


31.25 


JHU1B74 


CGN7/SQIL 


CHARGE 


PERMIT 


*7i2 


COURTHOUSE 


Sfr-712 


























5091074 


05/05/99 


285371 


725.00 


108.46 


3fl, 


29.00 


JMU1074 


CONT/SOIL 


CHARGE 


■PESM7 


#712 


COORTHOUSt 


SG-712 


























3091074 


05/06/99 


£65443 


782.75 


117.10 


40, 


8 31.31 


JMW1074 


CUNT/SOIL 


CHARGE 


PERMIT 


4712 


COURTHOUSE 


Sfi-712 


























5091074 


05/06/99 


205484 


574.00 


85,87 


40 


6 22.96 


JHU1074 


C0NT/SO1L 


CHARSE 


PERMIT 


#712 


COURTHOUSE 


SG-712 


























5*91074 


05/06/99 


285516 


741.50 


110. 93 


10 


25.66 


JMW1074 


C0NT/5DIL 


CHARGE 


PERMIT 


tt71£ 


COURTHOUSE 


SG-712 


























5091074 


05/07/99 


285578 


749,75 


112,16 


48 


29.99 


JMU1074 


C0NT/£0IL 


CHPR6E 


PERMIT 


1712 


COURTHOUSE 


SQ-712 


























JAWMSUORTH 
























TOTAL 






$17,785.75 


2. Soft. 75 


603 


( 711.43 















;-21'99fFR!) 10:27 RIVEREEND LANDFILL 



TEL:503 434 9770 



P. 005 



ME: W/ai/W iOs£l : 14 P«E 
toffli/ TICKET DETAIL REPORT FOR RIVCRDCM3 UWnu| 



ACCT# DATE TICKET* 



ftHOUNT 



TAX 



fflflS 



TCNS VM TYPE 



TERMS PER«I7# 



P.O.! 



S«i€74 85/17/99 SS&S15 


729.75 


109.17 


4ajd 


29.19 


JW1274 C0WT/SQIL 




PERMIT 4713 


COURTHOUSE 


SQ-71£ 


















2091874 S5/17/99 286654 


73*. as 


ltf.25 




29. 2: 


JWW1074 CoNT/SOlL 


CHARGE 


PERMIT #713 


COUfiTHQUSE 


Sa-716 


















5891*74 25/17/99 S8&912 


7£s. 75 


i«A.7£ 


16 




JMU1074 CDNT/SOIL 


CHARGE 


PERMIT #715 


COURTHOUSE 


5G-7ifi 


















5W1&74 A5/1B/99 £66995 


759,25 


113.43 


Mil 


39. 33 


JHW1«74 CONT/50IL 


CHfiflEE 


PERMIT #716 


courthouse 


S0-71S 


















5W1874 05/1B/95 287G3A 


747. as 


111.83 




29.91 


JKU187* COHT/S01L 


CNGRGE 


PERMIT WIS 


COURTHOUSE 


SQ-71* 


















M91074 e/11/99 2S7G73 


757. 7S 


113.% 




38,31 


MIMA CONT/SOIL 


CHAfifit 


PERMIT #716 


COURTHOUSE 


SQ-71A 


















5*91974 85/19/99 2B7152 


743. M 


111.53 


da 


£9.82 


JWU1874 CDMT/SOIL 


CHARGE 


PERMIT #716 


COURTHDJSZ 


-Q-71I 




































TOTAL 


45,1^5.73 


777.29 


24€la 


207.33 











BRAND TOTAL 



«. 135.75 



777.29 24 




